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BILL NO. S=85-05-D 


SPECIAL ORDINANCE NO. S- Gb 
AN ORDINANCE approving Change Order 
#1, Res. #408-85, Southwest Inter- 
ceptor, with Owens-Russell & Asso- 
ciates, in connection with the Board 
of Public Works and Safety. 

NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order #1, Res. #408-85, South- 
west Interceptor, with Owens-Russell & Associates, in connection 
with the Board of Public Works and Safety, for: 

Changer Order #1, Res. #408-85, 

Southwest Interceptor is necessary 

due to realignment of the proposed 

sanitary sewer from existing right- 

of-way as originally envisioned to 

easements. This realignment will 

also save the City several thou- 

sand dollars in additional back 

fill costs during construction 

time; 
involving a net increase of Three Thousand Nine Hundred Seventy- 
Five and 48/100 Dollars ($3,975.48), all as more particularly 
set forth in the specifications, and which is on file with the 
Office of the Board of Public Works and Safety, and is by re- 
ference incorporated herein, made a part hereof and is hereby in 
all things ratified, confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 


approval by the Mayor. 





APPROVED AS TO FORM 












Read the first time in full and on motion by P 
seconded by 7,» and dul | cond time 
by title and referred to the Committee a’the City 
“ Plan Commission for recommendation). and Public/Hedring to be held after 
due legal notice, at the Council üi IA, Fort Wayne 
Indiana, on , the í : ‘day of 
r 293 , at Pp clock 2M.;7E.5 


DATE: Kite 











SANDRA E. KENNEDY, 


Read the third time in full and on motion by 




















seconded by , and duly adopted, placed on its. 
passage. PASSED (LOST) by the following vote: 
AYES NAYS ABSTAINED ABSENT TO-WIT: 

TOTAL VOTES a ri 
BRADBURY a 
BURNS oo 
EISBART = 
GiaQUINTA ae 
HENRY e 
REDD e 
= l = sa 
SCHMIDT 

Ce 
STIER 

a 
TALARICO = 





DATE: SEE AN 





SAND E. KENNEDY, CITY CLERK 


Passed and adopted by the Common Council of the City of Fort 





Wayne, Indiana, as (ANNEXA ey £ 


) 
sa id T 
on the Buy EA day of sf Pe fe as r 


ATTEST.: (SEAL) 
Fi A Pg ay) 9 


SANDRA E. KENNEDY, CITY CLERK 


(SPECIAL) (ZONING-MAP) ORDINANCE ( NO. 








ort Wayne, Indiana, 


on the QI A day of QZ af Pace MA $ 
at the hour of Jf - BO o'clock ia SMe Bo Ses 
4 £ N L g ; A tf 


A 


Presented by me to the B eit 


SANDRA E. KENNEDY, CITY CLERK 


Approved and signed by me this AGRE day of lsat A ; 


2¢2 z 
19 w , ae the hour .of 3 o'clock ra SMi ,E.Sis Le 





WIN MOSES, JR., MAYOR 


x 


CHANGE ORDER 


Change Order No. 1 Resolution io. 408-1985 
Project No. Board Order No. 
Name of Project: Southwest Interc Interceptor S-2 Date: 15 April 1985 


To: OWENS-RUSSELL & ASSOCIATES 
(Contractor) 


Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 
















Pease Description of Change -——Peseription of Change — — tp Change in Contract Price 
ioe Ouantity | e a rr! i. 





Total Decrease 


Total Increase 3:975.: 48 
Net KREKXYENEED (Increase) Contract Price 3,975.48 
The sum of $_3,975.48 is hereby (added to) XSSaSeSaXEESRS the total contract price 


and the final contract price shall be adjusted as follows: 


Original Contract Price 50.890.00 
Current Contract Price Adjusted by Previous Change Order AE TETE E 890.00 
New Contract Price including this Change Order $ 54.865.48 


The time provided for completion in the contract for this project is (unchanged) &examaxxed) 
(CEEE by N/A calendar days due to this Change Order. The date for completion 
of all work shall be N/A . Furthermore, this document shall become an 
amendment to the contract and all provisions of the contract shall apply hereto. 


Recommended by: Cohens ¢ Chief Engineer Date IIS FP / os 


Accepted (by? Sr ee AN a fs ee Contractor Date 4//G/ ¥S 
Approved by: X ‘ i City Engineer Date Wa LIP ES 
Approved by: QW Owner Date yləy ses 


Date Lys See $ Sa 






Attested by: 


Be 


Change Order.No._. |] 
Resolution No. _408-85 


Board Order No. 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: This is an increase in costs for Engineering services 


provided due to realignment of the proposed sanitary sewer from existing right-of- 
way as originally envisioned to easements. This realignment will also save the 
s ion 


time. 




















Will proposed change alter size of the project? Yes No x 


If yes, explain 








Affect on operation and maintenance cost of this project: 


NONE 

















Me 


roiect Enoineer 


2 ' e aior E AUD. MUP. v 


—~s eaat aa 


i TITLE OF ORDINANCE Change Order #1, Res. #408-85, Southwest Interceptor, Owens-Russel] 


DEPARTMENT REQUESTING ORDINANCE 802d of Public Works & Safety J -JJ 2s- f 

SYNOPSIS OF ORDINANCE Change Order #1, Res. #408-85, Southwest Interceptor is necessary 
due to realignment of the proposed sanitary sewer from existing right-of-way as 
originally envisioned to easements. This realignment will also save the City 
several thousand dollars in additional back fill costs during construction time. 


Owens-Russell & Associates are the engineers. 


EFFECT OF PASSAGE To save City several thousand dollars in additional back fill costs 
: Hi e 


EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase of $3,975.48. 


ASSIGNED TO COMMITTEE 


BIL NO.  S+85-05-28 
REPORT OF THE COMMITTEE ON CITY UTILITIES 


WE, YOUR COMMITTEE ON CATE Vee TO. WHOM WAS 


REFERRED AN (ORDINANCE) ` (BBSQHURKQN) approving Change Order __- 
#1, Res. #408-85, Southwest Interceptor, with Owens- Russell & Associates, 


in connection with the Board of Public Works and Safety 
SOA A ets 


; : ae : l 2 ee i 











HAVE HAD SAID (ORDINANCE) (RESSHOFEON) UNDER CONSIDERATION AND BEG 
eave TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


- (RESOUUCEOIKK 





Ba eae eae re az 3 NO 


THOMAS C. HENRY 
CHAIRMAN | 





JANET G. “BRADBURY 5 oe: fee À 
MECE CHAIRWOMAN re C a GE N ow 


DONALD J. SCHMIDT | 


JAMES S. STIER. ` 








ALA ee B. —<ZeeQCHARLES B. REDD 
> = tS p —_— aaaaaaaaaaaaaaaaaaaaaaaaaaamamaaamasasaasusua 


CONCURRED IN CESO i SANDRA E. KENNEDY 
Se ee T CITY CLERK 


